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said Boston, and one to the said contractor; that this contract shall be utterly void as to the said city if any person appointed to any office, or employed by virtue of any ordinance of said city, is either directly or Indirectly interested therein.
And the said contractor further agrees that he will execute a bond in the sum of one hundred thousand dollars ($100,000) and with such sureties as shall be approved by the said Boston Water Board, to keep and perform well and truly all the terms and conditions of this contract on his part to be kept and performed and to indemnify and save harmless the said water board as herein stipulated. T. And it is also to be understood and agreed -that, in case of any alterations, so much of this agreement as is not necessarily affected by such alterations shall remain in force upon the parties hereto.
U. And the said contractor hereby further agrees that the payment of the final amount due under this contract and the adjustment and payment of the bill rendered for work done in accordance with any alterations of the same, shall release the city from any and all claims or liability on account of work performed under said contract or any alteration thereof.
In Witness Whereof^ the parties to these presents have hereunto set their hands the year and day first above written. The    City   of Bos- (......................................................................~
ton,  by its J3oston^. ..............................................................;___
Water Board.       \
SIGNED in the presence of
Know all Men by these Presents,
That we-------------------------------------------------------
are held and firmly bound unto the CITY OF BOSTON, in the sum  of--------------------------------------
dollars, to be paid to the CITY  OF  BOSTON, or 26